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tI M* N ASKED WHEN WELDING WILL PROCEED ON THE LARGE CHILLED WATER PIPING. Mr # 

■ jvatcd that same will start this week. to. .Gcp.stkan requcstco concentration 

"'*iNC or J0,NTS *"ROM THE IOTH TLOOR UP. HE ASKED THAT AS SOON AS THE X-R*y 

■"^ , s cchpletcd that pipe covering proceed so that partition enclosure hat be 
' i TfD* Hc STATCD That if a leak develops duri ng future testing gypsum plank will 
«(>*o vCO AT N0 C0ST T0 Sand-Courter to permit repairs. This procedure will be 

' tfiTfTED TO EXPEDITE PARTITION ENCLOSURE. 

5t0CK ER STATEO THAT THE WALL OF ELEVATOR SHAFT §*} ADJACENT TO THE LARGE CHILLED 
* xC« LINE ^ H AFT MAY .BE INSTALLED RIGHT AWAY TO EXPEDITE WORK ON ELEVATOR |?5» THIS 
ILL NOT INTERFERE WITH SanD -COURTER ' S WELDING, TESTING AND COVERING OPERATION. 

#VI GCRSTMAN ASKED THAT SANO-CoURTER EXPEDITE THE TESTING OF TH£ STEAM MAIN RISERS 
1 ' ©**THC NORTH SIDE Or THE CORE • Mr. StOCKER REPLIED THAT THIS TESTING MUST AWAIT THE 
COMPLETION OF THE "LOOP" AT THE L060T CEILING FOR WHICH THE SCAFrOLO HAS ONLY JUST 
QCEN MADE AVAILABLE. (Mr. STOCKEK INDICATED THAT TEMPORARY LIGHT IS NEEDED ON TOP OF 

this scArroLD. Mr. Quihn will check after the heeting and will expedite). Mr. Gerstman 

ASKEO THAT TESTING PROCEED WITHOUT THE "LOOP". He ASKED THAT A TEMPORARY PLATE BE 
VELOEO AT THE BOTTOM OF THE LINE INSTEAD. MR.'STOCKER WILL DISCUSS AFTER THE MEETING. 


I. 1 . 


. SEID WILL CHECK PENETRATIONS IN PARTITION WALLS ( DAMPERS j ETC,) THIS AFTERNOON. 


II. Mr, Gerstman asked Mr. Fredericks whether any of his work will stop the enclosure of 
plumbing shafts ey May 15th. Mr, Fredericks stated that the only possible problem 
would be the availability of valves for the soap dispensing system. Oelivery of same . 
is being prevented by the truck strike. Jarcho is attempting to obtain a number of 

{ # * THV i VALVES IN ORDER NOT TO HOLD UP PARTITION ENCLOSURE J 

j Mr. Gerstman asked Mr. Quinn whether there were any problems for Nager in keeping 

AHEAD OF PARTITION WORK, M*. QUINN REPLIED THAT NAGER IS N t PPL I NG AS REQUIRED AMD . 
IS STAYING AHEAD OF PARTITION INSTALLATION. 
f 

13. Kr* Hughes asked Mr. Lucarclli to expedite partition enclosure around elevator banks 
a, b and c'from the cjth floor down. mr. lucarell i stated that he is now having a 
problem in receiving metal components because of the truck strike. he is arranging 
tor railway shipping instead and will check with mr. borland to expedite. 

ih. Mr; Lucarelli indicated that the scaffold in the lobby of Tower "a" is now complete 

NORTH OF THE CORE. ThE AREA EAST OF THE CORE WILL BE COMPLETED THIS FkIOAY. ThE AREA 
VEST OF THE CORE WILL BE COMPLETED BY MAY 8th AND THE AREA SOUTH OF THE CORE WILL BE 
COMPLETED BY MAY I5TH. 


ALCOA - ^c^C Jf,/f70 


(. ] Mr. Sorrell reported that a truckloao of new Cafco fireproofing MATERIAL WAS RECEIVED 
this morning and that installation of same for the curtain wall has begun from the 
|6th floor on up. Enough material has been reccivco for four floors only which will 
be applied. Further deliveries of material are dependent on final underwriter's' 
approval which is oh the way. mr . sorrell stated that this new haterial is tree >f 
asbestosahd thus meets the recent requirements by the alr pollution control people^ 
he asked that all contractors spread this voro to the men working on the job. 

v » sorrell stated that collyer has 62 men on cuntain wall component erection. he 
also stated that mar 10 i) i bono has 57 ken on f i reproof i ng application. collyer is 
working with four erect ion crews i"." '"' " " " 

3- m«. sorrell stateo that alcoa |s expediting a complete curtain wall i us tallat iou t 

INCLUOING GLAZING, FOH 10 COLUMNS WIDE Up'tO THE WTH FLOOR FOR QUALITY CONTROL 
-CHECKING. MR. GCRSTMAN ASKED WHEN GLAZING OF COMPLETE FLOORS WILL DEG^L^Jg^^^^ 

JWihrlll staicu TM.r : . >-.r. will dcgiu ih acout two veo.s. ■ PLAINTIFF'S 

li EXHIBIT 


